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BILL NO, S-75-12-.3Y 


SPECIAL ORDINANCE NO. S- 




AN ORDINANCE approving Change Order No. 1 
in connection with Stardale NPI Project 
Resolution 5693-1975 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to L. W. Dailey, Inc. , in con¬ 
nection with Stardale NPI Project, Resolution No. 5693-1975, in the amount of 
$12,191.22, as set out in the specifications is hereby in all things ratified, con¬ 
firmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from and 
after its passage and approval by the Mayor. 



APPROVED AS TO FORM 
AND LEGALITY. 












seconded by 


Read the first time in full and r.n motion by^ 


to the Committee on 


and duly adopted, read the second time by title and referred 
_ (-erfl-d-tlte-ei-ty Plan 


Commd^stofrTor~re^mniendation) and Public Hearinn to be held after due leqal notice. 


at the Council Chambers, Citv-Countv ~B~ui 1 di ana, on 
the 


197 


at 


o'clock P.M.,E.S.T. 
Date: 


CTTY CLERK 


Read the third time in full and on motion by_ 
seconded by , and duly adopted, placed on its passaae. 

Passed by the followinq vote: 


TOTAL VOTES 
BURNS 
HINGA 
HUNT ER 
MOSES • 
NUCKOLS 
SCHMIDT, D. 
SCHMIDT, V. 

STIER 
T ALARICQ 
' DATE: 


AYES NAYS 





ABSTAINED 

ABSENT 

TO-WIT 







Passed and adonted by the Common Council of the Citv of Fort Wayne, Indiana, 
as (Z ofriTTtr f'to )~tG'5Yr^ F a 1) 't'A h ircTrati o n) (Special) i/IpPTWrtati-frf^ Ordinance 
(Res-odirttUTr) Mo. o n the /^^"^^^ ay o f , 197 |^, . 

(SEAL) 





^ OFFICER 

of the Citv of-Fort Wayne, .Indiana, on the. 
-day, .o1 1 ■ ■ , 1.97 - at: the hour of ‘ clock V 



CITY CLERK 


AoDroved and sinned by me this _day of , 197 ^ , 

at the hour of i OO o'clock_ M . 










































































S-75-12-51 


PUBLIC WORKS 


We3 your Committee on 


REPORT OF THE COMMITTEE ON _ 

Public WorLs to whom was referred . 


approving Change ORder No. 1 in connection with Stardale NPI Project 


Resolution 5693-1975 


have had said Ordinance under consideration and beg leave to report back to the Common 


Council that said Ordinance ^ 1 / 

Winfield C. Moses, Jr. - Chairman 

Donald J. Schmidt - Vice-Chairman 

Vivian G. Sdimidt 

Paul M. Bums • 



William T. Hinga 




































CHAKKBE ORDER 


Change Order No. 1 _ 

Project No. 10262 _ 

Name of Project Stardale Drive N.P.I 




f7r 


Resolution No. 5693-1975 
Board Order No.148-72 
Date 11/13/75~ 


To; L. W. Dailey, Inc. _ 

(Contractor) 

Gentlemen: . 


You are hereby requested to comply with the follo’wing changes from the contract plans and 
specifications: 


Item 

No. 


Description of Change I 

1 Unit Price 

Change in Contract Price 

Quantitv1 

Material | 

Decrease 

Increase 

1 

2 

180C.Y. ( 

495.5Ton 1 

Common Excavation 1 

s^53 Stone for Undercut j 

$ 6.00/CY 

3.50/T0N 


$1,080.00 

1,734.25 

3 

4 

354.8Ton 1 

431 SY ll 

!#2 Stone for Undercut | 

Private Drive Pavement 6" Plain Cone, i 

1 3.50/TON 

I 15.00/SY 


1,241.97 

6.465.00 

5 , ' 

1 each 1 

fenhole. Type I ! 

j 

' 620.00/EA 


620.00 

6 

1 each I 

i 

Sastinq, Type G ^ ^ 

150.00/EA 


150.00 

7 

150L.F. |] 

Pipe for Tapping Downspout: ^ 

6.00/LF 


900.00 

Total Decrease 

Total Increase 

Net (■Be-e-reri-ee) (Increase) Contract Price 




12,191.22 

.= 

12,191.22 


The sum of $ 12,191.22 _ is hereby (added to) (■deduet-ed-'f-rwa) the total contract 

price, and the final contract price shall be adjusted as follows: 


Original Contract Price 5 159,350.10 

Current Contract Price Adjusted by Previous Change Order $_ 

New Contract Price Including this Change Order $ 171,541.32 


The tim.e provided for completion in the contract for this project is (unchanged) (.ifiG.raa&&d) 
(deeseasfid) by Q calendar days due to this Change Order. The date for completion 

of all work shall be the same Furthermore, this document shall become an 

amendment to the contract and all provisions of thexontract shall apply hereto. 

(Chief/ ^qineer) Date _ 


Recommended by; 
Accepted by; 
Approved h 
Approved by; 







(Contractor) Date | t.- I S' 
(City Engineer) Date S*' *? ^ 






-y- 


(Owner) Date 




Attested by: 


Date ^ 















































Change Order Mo. 1 _ 

Resolution No. .5693-1975 _ 

' ' ’ Board Order No. 148^72 _ 

REQUEST AMD JUSTIFICATION FOR CHAISE ' . ’ ' ' ’ 

1. Necessity for changer (l) Common Excavation - this item is increased because of an error 
in the original survey cross sections. (2 8. 3) #53 a #2 Stone - this item was required 

to bring the poor subbase up to city specifications. (4) Private Drive Pavement - this 

■item is increased because the alternate plan to completely rebuild the street'was used 

and the error in the original ■ survey cross-sections.'-'(5' & 6) Manhole'& casting - this 

item was required to take the‘increased flowfrom the 'nevtf'~sevver system on Stardale Drive 

plus the drainage from the surrounding landscape. (7) 6'* pipe - for tappingsdo^Spout-.-^ - 

this item was required to maintain drainage systems previously established by property 

owners. ^’ ^ 


2. Will proposed change alter size of the project? Yes No-_^ 

If yes, explain: .. ....... 


3. Affect on operation and maintenance cost of this project: The above additions .to.. 
the contract will.'increase the street life, therefore, keeping the maintenance and 

operation cost to a mimimum for a longer, period of time 



Engineer 



































TITLE OF ORDINANCE Special Ordinance 




DEPARTMENT REQUESTING ORDINANCE Board of Public Works _ 

SYNOPSIS OF ORDINANCE Covers Change Order #1, Resolution 5693-1975 from L. W, 
Dailey, Inc. In amount of $12,191.22 for Stardale Drive NPI project. 

Change ord er Includes street, driveway, sewer and drainage work necessary for 

t otal Improvement for project. _____— 

SEE CHANGE ORDER ATTACHED 


EFFECT OF PASSAGE Additions to contract will Increase the street life, therefore, 
keeping the maintenance and operation cost to a minimum for a longer period of tim e. 

EFFECT OF NON-PASSAGE Decreased life of street with more maintenance and operation s 
costs. ___________c- 

MONEY INVOLVED (Direct Costs, Expenditures, Savings) $12,191.22 _ 


ASSIGNED TO COMMITTEE 









































